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BILL NO. S-86-12- 27 
SPECIAL ORDINANCE NO. S- OY v7 


AN ORDINANCE approving the Contract 
for Lakewood Park Addition Phase 

I - Water Contract 86-07, between 
Earth Construction and the City 

of Fort Wayne, Indiana, in connection 
with the Board of Public Works 

and Safety. 





NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That the Contract for Lakewood Addition 
Phase I - Water Contract 86-07, by and between Earth Construction 
and the City of Fort Wayne, Indiana, in connection with the Board 
of Public Works and Safety, for: 


the installation of 7,800+L.F. 

of 6" Ductile Iron Water Main as 
follows: On Interlaken Drive from 
Bluffton Road to Donna Drive. 

On Maywood Circle from Interlaken 
Drive to Reserve Drive Road. On 
Donna Drive from Reserve Line Road 
to a point 600+ feet north of Inter- 
laken Drive. On Lakewood Drive 

from Donna Drive to Reserve Line 
Road. On Reserve Line Road from 
Maywood Drive, northward to its 
northern terminus. On Fairoak 

Drive from Maywood Circle to Liberty 
Drive. On Liberty Drive, from 
Fairoak Drive to Bluffton Road; 





the Contract price is Two Hundred Twelve Thousand Four Hundred 
Forty-Five and No/100 Dollars ($212,445.00), all as more particu- 
larly set forth in said Contract, which is on file in the Office 
of the Board of Public Works and Safety and, is by reference 
incorporated herein, made a part hereof, and is hereby in all 
things ratified, confirmed and approved. Two (2) copies of said 
Contract are on file with the Office of the City Clerk and made 
available for public inspection, according to law. 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and alb necessary 









approval by the Mayor. 


APPROVED AS TO FORM 
AND LEGA X 


oxberger, City Attorney 
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SANDRA E. KENNEDY, CITY CLERK 
Passed and adopted by the Common Council of the City of Fort 

Wayne, Indiana, as (ANNEXATION) — (APPROPRIATION) — (CE — 

(SPECIAL) (ZONING MAP) ORDINANCE ( NO. E "Pid 


on the — day "of ; iy "d. d 


| AT RES ps J 


SANDRA E. KENNEDY, CITY CLERK 











Presented by me to the Mayor 


on the A Y zx day of 





SANDRA E. KENNEDY, CITY CLER 


Approved and signed by me i ES day o ; 7 


19 £7 qe the Aour of / Ó 'clock AK .M.,E.S.T. 
WIN MOSES, i 


JR., MAYOR 
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"NOTICE TO BIDDERS" 


- 


The following documents must be completed, endorsed, and subrit- 
ted with each bid. Failure to complete all documents will result 


in your bid being determined 


incomplete and may be reason for the 


City of Fort Wayne to disallow your bid: 


4 


o e e w e : 


1. 
2. 


3. 


4. 
5. 
6. 


7. 


Non-Segregated Facilities 


MBE/WBE Participation Goal Statement 





Minority/Female Hourly Utilization Goal 


Certificate of Non-Segregated Facilities | =- 
(Federally Assisted Projects only) ` : 


Non-Collusion Affadivit 
Bidder's Bond 





State Board of Accounts Form 96-A or 


Certificate in Lieu of Financial Statement 


(If Form 96-A has been subnitted with previous ` 


bids «jJ 





Anti-Apartheid Ordinance - (CERTIFICATION OF BIDDER/ VENDOR) 





E 
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NS ONS TO 
Board of Public Works and Safety 
City of Fort Wayne, Indiana 


DECEMBER 3 19 86 
Non-Federally Funded Construction 


1. Submission of Bids. Sealed bids will be received 
by the, ‘Board of Public Works and Safety of the City of Fort 
Wayne, in the State of Indíana, hereinafter "The Board" until 
9:00 o'clockam EST on the 3rd day of December , 1986, at the 
Office of The Board in the City-County Building, at which time 
the bids will be publicly opened and read, for the following 
described work, as more fully set forth in the specifications: 

WATER CONTRACT NO. 86-07 - LAKEWOOD PARK ADDITION PHASE I 
For the installation of 7,8004 L.F. of 6" Ductile Iron Water Main as follows: 

On Interlaken Drive from Bluffton Road to Donna Drive. On Maywood Circle from 
Interlaken Drive to Reserve Line Road. On Donna Drive from Reserve Line Road 

to a point 6004 feet north of Interlaken Drive. On Lakewood Drive from Donna 
Drive to Reserve Line Road. On Reserve Line Road from Maywood Drive, northward 
to its northern terminus. On Fairoak Drive from Maywood Circle to Liberty Drive. 
On Liberty Drive, from Fairoak Drive to Bluffton Road. 


2. Inclusion of Clauses - If a clause in the Invitation 
for Bids (IEB) has a box (jJ beside it, the clause applies 
to the IFB only if it contains a check mark Cv or an "X", 
Any questions as to whether a clause is included -or not should 
be referred to The Board. 


i uestions as to B cum * If a bidder finds 
discrepancies in, or omissions from, the bid document or has 
questions about the project, he should at once contact the City, 
Engineers. If the information requested or change made is 
substantive, The Board will issue an amendment to the solici- 


tation and will send such amendment to all potential bidders who is 


have procured an, Invitation for Bid (IFB). The Board and the : 
City will not be responsible for any oral instructions. . p uud 


4. Award of Contract (Timeliness, Responsiveness, Respon- 


sibility). A contract resulting from the Invitation for Bids 
will be awarded to the lowest and best timely bidder who is 
. also responsive and responsible. -If bids are otherwise equal, 


award will be made to that bidder granting the largest prompt 
payment discount. : 


5. Bid Requirements. All bids shall be endorsed with 
the title of the work, the name of the bidder, and the date 
of mailing or. presentation. All bids shall be filed in the 
office of The Board on or before the day and hour set forth 
above and stated in the advertisement, and no bid received after 
that time will be accepted. The Board will not accept any late 
filing regardless of reason, including delays in the mail. 


- 





All bids shall include the exact quantities of each 
item shown on the bidding form for each section of the work, 
and unless the IFB otherwise states, the total cost of the 
| various sections shall be considered a lump sum bid. 


6. Examination of Bids For Responsiveness. After the 


bids are opened and read, The Board will examine them to deter- 
nine if' they are responsive. In order to be responsive, the 
bidder must complete all blanks requiring completion, and must 
submit all information required to be submitted. Any alteration, 
erasure, or interlineation of the contract or the IFB may cause 
the bid to be determined non-responsive. Proposals which are 
unbalanced may also be determined non-responsive. 


However, The Board reserves the right to accept any 
bid, to reject any and all bids, and to waive defects or irregu- 
larities on any bid. : 


Z: Determination of Responsibility. Prior to awarding 
any contract pursuant to this Invitation for Bids, The Board 
will make a determination of responsibility. An award of a 
contract to a bidder shall constitute an affirmative determina- 
tion of responsibility. 


In reaching a determination of responsibility, The 
Board can consider among other factors: 


(a) The Contractor's record of integrity. 


(b) The Contractor's experience and past performance 
2 record in construction work. 


(c) The Contractor's financial status. 


(d) The Contractor's capability to perform the ` 
project. - : 


RUE (e) Whether the bidder is in arrears upon or in . 
: default of any debt, contract or other obligation 
to the City of Fort Wayne. : : 


.(f) Whether the bidder is debarred from Federal or - 
City of Fort Wayne contracts. 


(g) The bidders recrod in MBE/WBE compliance. 


(h) Whether the bidder is engaged in litigation with 
the City of Fort Wayne. š; 
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In arriving at a determination of responsibility, 
The Board may institute a pre-award survey on any or all bid- 
ders. That pre-award survey may examine any of the consider- . 
ations relating to a bidder's responsibility as set forth above. 
Bidders will cooperate with the pre-award survey team. Failure 
to cooperate can result in a finding of non-responsibility. 


Cj: 8. Prequalification - In addition to being timely, respon- 
sive,and responsible, a bidder must also be prequalified by 
the State Department of Highways or by “in 
order to be awarded-a Contract. 





9. Bid Bond or Deposit. Each bid must be accompanied 
by a bond executed by the bidder and surety satisfactory to 
The Board, in a sum of ten percent (10 $) of the aggregate 
amount of the bid, but in no case less than $100.00; or the 
bidder may deposit with The Board in lieu of such bond, a 
certified check on a solvent bank in a sum of percent (  &) 
of the aggregate bid or proposal, but in no case less than 
$100.00, which certified check shall be payable to the City of 
Fort Wayne. The bid bond or certified check shall serve as a 
guarantee that should the said bid be accepted by The Board, the 
bidder will, within ten (10) days after the time he is notified 
of the acceptance of the bid, enter into a contract with the City 
of Fort Wayne for the work bid upon and give bond with surety to 


be approved by The Board, insuring the faithful completion of the 
contract. 


In case a bid is’ not accepted, the obligation of the 
said bond shall be null and void and the certified check will 
be returned to the bidder, as the case may be. In case a bid 
is accepted, and the bidder does not enter into a contract with 
the City of Fort Wayne for the work bid upon within ten (10) 
days after notification of award, then the obligation of the 
bond or the certified check shall be forfeited to the City of 
Fort Wayne for ascertained and/or liquidated damages for failure 
to enter into a contract. Provided that, the City's action in 
forfeiting the bond or retaining the certified check shall not 


preclude the City from taking any further action against the 


contractor to recover for all actual damage, the City has 
suffered. e 


10. Sworn Experience Questionnaire, Plan and Equipment 


Questionnaire and Contractor's Financial Statement (96A). Each 


bidder will submit with and as part of its bid: (a) A complete 
Form 96A under oath; or (b) Have a complete Form 96A on file 
with The Board which shall be less than one year old in which 
case the bidder can instead submit a Certificate in Lieu of 
Financial Statement. ses ; 
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ll. Execution of Additional Bid Documents. In addition 
to all documents previously mentioned as having to be executed 
and submitted as part of the bid, each bidder will be required 


as part of its bid to execute and subnit the following documents 
as specified below: 


. (a) Non-Collusion Affidavit 
CT (») Prequalification Statement 
(c) 
(d) 
(e) 


12. Brand Name or Egual-Specified Materials or Equal. 
Where, in the specifications, one or more specified materials, 


trade names, or articles of certain manufacture are mentioned, 
it is done for the purpose of establishing a basis of durability 
and proficiency, and not for the purpose of limiting compe- 
tition. The bidder can submit other names of materials and, if, 
the Director of the Board determines that, they are equal in 
durability and sufficiency to those mentioned and of a design in 
harmony with the work as outlined, then the bid vill be accepted 
as responsive. However, if the Director of the Board determines 
that such materials are not equal, then the bid may be rejected 
as non-responsive. Consequently, bidders are advised to submit 
any such request for changes or deviations in materials to the 
Director of The Board prior to submitting bids. Any approval of 
deviation will be by written amendment to the solicitation and 
will be submitted to all bidders who have obtained IFBs. 


13. Minority Business Enterprise/Women Business Enterprise 
Requirements. 
(CONSTRUCTION) 


It is the policy or the City of Fort Wayne that 
Minority Business Enterprises and Women Business Enterprises 
should participate to the.greatest extent possible consistent 
with the State Law in Procurement Contracts awarded by the City 
of Fort Wayne. Lu dos E DRAN : 


‘aon order to Tulfill this policy, the City of Fort 
Wayne has adopted General Ordinance G-16-84 (Chapter 7 of the 
Code of the City of Fort Wayne) which sets participation goals 
for procurement contracts of at least 7% for Minority Business 
Enterprises and at least 2% for Women Business Enterprises. 
To meet the participation goals, a Minority Business Enterprise 
may be either a prime contractor, sub-contractor, or a joint 
venture. 
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Minority Business Enterprise (MBE) is a business of 
which at least 51% is owned and controlled by minority group 
members. ("Minority" means Black, Hispanic, American Indian, 
Asian, Pacific Islander, and Alaskan Native). The minority 
owners must exercise actual day-to-day management, as well as 
actively participate in management and policy decisions affecting 
the business. The contribution of capital, equipment or exper- 


tise made by the minority owners must be real, substantiated and 
documented. 


Wome usiness Ente se (WB is a business of which 
at least 51% is owned and controlled by women. The women owners 
must excercise actual day-to-day management, as well as actively 
participate in management and policy decisions affecting the 
business. The contribution of capital, equipment or expertise 


made by the women owners must be real, substantiated and docu- 
mented. 


The contract for which this proposal/bid is prepared 
is governed by the MBE/WBE Ordinance. This form must be com- 
pleted in order to be responsive to this IFB/RFP. If the 
participation goal of 7% for MBE and 2% for WBE are not met or 
exceeded in your bid or proposal, the reasons for this failure 
and reasonableness and good faith of efforts to meet this goal 
shall be evaluated in determining whether the bidder/offeror is 
responsible. : 


A list of possible MBE/WBE contractors/suppliers are on 
file in the Compliance Office, Room 800, City-County Building, 
for Contractor review. 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO THE MBE/WBE 
GOALS OF THE CITY FOR WORK DONE PURSUANT TO THIS CONTRACT: 


A. N/A The undersigned firm certifies that it is an 
; MBE/WBE Contractor (cross out inapplicable pro- 
vision). - ; ' eS UE 


. For MBE specify percentage of minority ownership 
t . n 





For WBE specify percentage of women ownership 
4 t€ ° 





B. N/A The undersigned certifies that they are a joint 
venture in which the following (MBE/WBE) firm 


(cross out inapplicable provision) is 
a joint venture partner. . 
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The MBE/WBE firm (cross out inapplicable pro- 


vision) shall have * participation (em- 
ployees) $ participation (costs) in this 
project. ` aes 


Specify the percentage of minority/women ownership 
in the MBE/WBE firm $: (cross out inappli- 
cable provision) 


eS The undersigned commits .O% of the total bid price 
as a subcontract to minority business enterprise parti- 
cipation. The MBE firms which are proposed as subcon- 
tractors are the following: 


Name of Firm ‘Address ` Type of Work 
1.Westacres Nursery Ft. Wayne Landscaping  - 
2 ° 
3. 


D. The undersigned commits /.0 $% of the total bid price 
as a subcontract to women business enterprise participa- 
tion. The WBE firms which are proposed as subcontractors 
are the following: 


Name of Firm Address Type of Work 
1.Bunsold Trucking Ft. Wayne Trucking 

P 

3 


E. ‘Complete (1) and (2) below if participation goals 
of 7% MBE and 2% WBE have not been met. Best 


I. My Company cannot meet the participation 
goals for the following reasons: i 
Duc- TO TME- SIZE OF- TMS: PROTECT DE WIL 

ZZ Co THE fes E HE WOLK WiTH O 
QUO  Fotcés, ` : 
25 We have taken the folloving steps in an 


attempt to comply with these participation 
goals: 








(attach additional sheets as necessary) 


Contractor Eart Construction,“ Inq@ontractor 
< 
2 A š 2 
By < < By 


Its Michael C. Evertson, President Its 
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14. Minorit emale Ho oyment Re ements. 
The City's policy is to encourage a greater utilization of 
minority and/or fenale employees in City construction projects. 
The Board has, therefore, adopted a minimum goal of 17% of the 
total work hours on each project to be expended by minority 
and/or female employees. ("Minority" shall include: Blacks, 


Hispanic, Asian, Pacific Islander, American Indian or Alaskan 
Native.) , 


^ 


The bidder shall state in "A" below the percentage of total 
work hours which the bidder and his subcontractors will employ 
and utilize womén and minority employees on this project. Ifa 
contract is awarded as a result of this bid, the percentage 
figure set forth in "A" shall become contractually binding on the 
bidder. The successful bidder will also be required to prepare 
reports for the City demonstrating compliance with this percen- 
tage and will allow city officials access to his records, 


facilities and work site and to those of his subcontractors to 
determine compliance. 


The bidder must fill in the required blanks in this clause in 
order to bé responsive to this IFB. If the bidder does not 
meet or exceed the hourly utilization goal of 17% ninority/fe- 
male participation, the reasons for this failure and reason- 
ableness and good faith of efforts to meet this goal :shall be 
evaluated to determine whether the bidder is responsible. 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO MINORITY / FEMALE 
HOURLY UTILIZATION. “4 


A. . The undersigned firm certifies that it will employ 
and utilize minorities and females and/or will ensure that its 
subcontractors employ and utilize minorities and females so 
that minorities and females will work at least 17% of the total 
hours worked on this project. 


B. Complete (1i) -and (2) below if the hourly utilization 
figure set forth in "A" is less than 17%. 


l. My Company and its subcontractors cannot meet 
the 17% minimum hourly utilization figure for the 
following reasons: 





Se 
ii 


. 
———————————— 
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2. My Company has taken the following steps in an attempt 
to comply with the 17% hourly utilization figure: 











(attach additional sheets if necessary) 












Contractor E struction, Inc. 
By — £ Z =—— 
Its Michael C. Evertson, President 





15. Required Prevailing Wage Schedule Payments - Pursuant 
to Indiana Code 5-16-7-1. All contractors and subcontractors 
working on the project awarded pursuant to this contract shall 
pay the prevailing wage rates for skilled, semi-skilled and 
unskilled laborers, workmen and mechanics. This wage deterrin- 
ation has been made in accordance with the procedures set forth 
in Indiana Code 5-16-7-1. This determination and the required 
wage rates are available for examination by any prospective 
bidder at The Board of Public Works and Safety, 9th Floor, 
City-County Building, Fort Wayne, Indiana. š 


If a bidder is awarded a contract as a result of this Invitation 
for Bids, he/she/it shall file a schedule of wages, on forms 
provided by the City of Fort Wayne, demonstrating compliance 
with the wage rate determination. The successful prime con- 
tractor shall be responsible for obtaining schedules from all 
subcontractors. All schedules shall be filed before the con- 

tractor commences any work on the project. 


Penalties for failure to pay the prevailing wage rate are set 
forth in Indiana Code 5-16-7-3. s 


16. Site Orientation. A site orientation (will/will noty 
be conducted by the City Engineers. If such an orientation 
is conducted, it will be held on the day of [UIS 
commencing at _ o'clock  .M. at the site of the project. 


Regardless of whether a site orientation is conducted 
or not, bidders are required to visit the site of the work, 
and inform themselves fully of the conditions, under which the 
work will be performed. The bidders shall be responsible for all 
conditions that affect the work, including, but not limited to 
all sub-surface conditions. 
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O 17. Pre-Bid Conference. The Board will hold a prebid 
conference to familiarize prospective bidders with the terms of 
the IFB and proposed contract, and to answer any questions. This 
conference will be held on at 

(date) (time) 
ik or at such date, time, and place as The 
(place) : : 
Board subsequently determines. If the date and time of the 
prebid Conference is not set forth herein, The Board will notify 
all prospective bidders who have picked up bid packages of the 
date, time, and place of the conference. 


18. Performance Bond. The successful bidder, at the time 
of signing the contract will be required, at his own expense, 
to furnish a bond guaranteeing faithful execution of the con- 
tract, in full amount of the contract price, executed by the 
bidder and a surety to be approved by The Board, on the bond form 
headed by The Board. The Performance Bond shall contain the 
following clause: "The said Surety, for value received, hereby 
stipulates and agrees, that no change, extension of time, 
alteration or addition to the terms of the contract or to the 
work to be performed thereunder, or the specifications accon- 
panying the same, shall in any way affect its obligation on this 
bond, and it does hereby waive notice of any change, extension of 
time, alteration or addition to the terms of the contract, or to 
the work or specification." 


19. Additional Bonas.. If a bidder is awarded a contract he 
will also be required to execute with surety, satisfactory to The 
Board; 

G] A. Payment Bond. In the amount of payment to be made 
under the contract. 

B. Warranty Bond. In the amount of the contract 
warrantying the contractor's performance of a 


period of one year after the date of the City's 
acceptance. | 


20. Councilmanic Approval and Ratification of Contract. 


This agreement, although executed on behalf of the Owner by ; 


the Mayor and The Board, shall not be binding upon the Owner 
unless, and until, the contract has been ratified and approved by 
the Common Council of the City of Fort Wayne, Indiana. And if 
the Common Council fails to approve the contract within ninety 
days after the date of bid opening, then the Contractor shall not 
be bound to the contract unless he/she/it elects to be so bound. 


21. Method of Contract Award. The contract resulting 
from this IFB will be awarded: i 

EJ A. On an all or none basis. 

GSB, As follows: 
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‘all labor, insurance, materials, 


SCHEDULE 
Board of Public Works and Safety 


The contractor agrees to furnish at his/her/its own cost 


equipment, and power for the 
complete performance of the following project: 


WATER CONTRACT NO. 86-07 - 


E 


LAKEWOOD PARK ADDITION PHASE I 


All work will be performed in accordance with: Xexuixtikuz/CONTRACT 
86-07 , the IFB, this contract and the applicable plans, specifi- 


cations, and drawings for a TOTAL PRICE of $2!2.445. CO. (If 
unit prices are applicable, the contractor agrees to perform 
for those unit prices as set forth in the Schedule of Unit Prices 
attached hereto). 


The work shall be commenced within ten (10) days after 
The Board issues a written notice to proceed. All work shall 
be completed within |A4 days after issuance of the notice to 
proceed. Those days which the contractor cannot work because 
of severely inclement weather shall not be counted. 


CJ Liguidated Damages Provision. (This clause shall be appli- 
cable to this contract only if the box contains a checkmark or an 
"X".) It is hereby agreed by and between the City of Fort Wayne 
and Contractor that time is of the essence of this agreenent 
and the contractor agrees that it will complete the project 
as herein defined on or before days after issuance of the 
notice to proceed. The parties agree that it is a business anc 
governmental necessity that the project be completed by this 
date, that it will be difficult or impossible to make an accurate 
determination of the damages that would be incurred by the City 
of Fort Wayne, and therefore provide for liquidated damages in 


the sum of $ per day for each and every day after days 
after issuance of the notice to proceed that the project remains 
uncompleted. The parties agree that the sun of $ per day 


is a reasonable estimate as to the damages which would be 
incurred by the City of Fort Wayne. The parties further agree 
that causes beyond the control of the contractor may delay the 
completion date. Therefore, the parties agree that delays in the 
completion date beyond the control of the xmi ah POT shall not 
result in liquidated damages. 


Delays beyond the control of the contractor can include but 
are not necessarily limited to, the following: Acts of God, 
strikes, lockouts or industrial disturbances, acts of public 
enemies, restraining orders of any kind by the government of 
the United States of America or of the State of Indiana or any 
of their departments, agencies, or officials, or any civil or 
military authority, insurrections, ríots, landslides, earth- 
quakes, fires, incapacitating storms, floods, and explosions. 
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CITY OF FORT WAYNE, INDIANA 

- | IMPROVEMENT TO FORT WAYNE WATER UTILITY 

` LAKEWOOD PARK WATER MAIN REPLACEMENT PHASE I 
WATER CONTRACT NO. 86-07 
SCHEDULE OF UNIT PRICES 


ITEM QUANTITY DESCRIPTION 
f 7,8004 L.F. CL. #50 6" DUCTILE IRON PIPE 
Pecan 25+ L.F. CL. #51 4" DUCTILE IRON PIPE 
3 15 EA. 6" GATE VALVE W/BOXES 
&. 2 EA. 4" GATE VALVES W/BOXES 
Si T RÀ. 6" x 6" TEE 
6. 2 EA. 6" x 4" TEE 
he I EA. 4" x 4" TEE 
8. 2 RAS 6" x 6" CROSS 
9. 2 RÀ. 6" x 90? ELLS 
10. l EA. &" x 90° ELI. 
Ti: "AS EA: 6" x AS" ELL 
125 l] RA. A" x 45° ELL 
13. 4 EA. 6". x 224 EIE 
14. 1i XA. TYPE III FIRE HYDRANT ASSEMBLIES 
15. hol EAS TYPE V FIRE HYDRANT ASSEMBLY 
16. 1 EA. 6" x 4" REDUCER 
17: l EA. 6" x 3" REDUCER 
18. 2 EA. 6" M. J. PLUG 
19. 475+ L.F. CONCRETE DRIVE RESTORATION 
' 205 1,1004 L.F. ASPHALT STREET RESTORATION 
21; 200+ L.F. ASPHALT DRIVE RESTORATION 
22 500+ L.F. STONE SURFACE RESTORATION 
23. 25+ L.F. 5' x 4" CONCRETE WALK REPLACEMENT 
24. 6,8004 L.F. GRASS AREA RESTORATION 
SUBTOTAL 
25: 59+ EA. 3/4" LONG SERVICE 
26. 49+ EA. 3/4" SHORT SERVICES 
: SUBTOTAL 
TOTAL BID 


(REVISED) 


ADDENDUM NO. 1 
NOVEMBER 18, 1986 
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In submitting this bid, it is understood that the right is reserved by 
. ° the Owner to reject any and all bids and to waive any defect in axy bid. 


IN WITNESS WHEREOF, the bidder (a firm) by its owner(s) nzmed below, 
bereunto set hand(s) and seal this day of , 19 : 





IF TESTIMONET WHEREOF, tbe bidder (a corporation) has caused 
signed by its President and Secretary and affixed its corpo 


ézy of December » 19 96 . 


this proposal to be 
rate seal this 3rd 


Earth Construction, Inc. 
RAME OF CORPORATION 


Lal) 





BY? 






PRESIDENT: Michael C. Evertson 
ATTEST: 
“Z, 
d Ki 2, 
- — E A ees j oie NT ^ Re 
Philip Shockney, Secr 7 ree AZ ee 
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The City of Tort Wayne - 


WATER ENGI RING DEPARTMENT 
Room 710, City-County Building 46802 


(219) 427-1142 





November 18, 1986 


TO: Prospective Bidders 


RE: Addendum No. 1 - Lakewood Park I Water Main Replacément 
CONTRACT NO. 86-07 


Dear Contractor: 

Attached find one copy of Addendum No. 1 for the above contract. This 
Addendum is to be used in preparing your proposal for this project, for 
which bids are to be received on December 3, 1986, at the Board of Pub- 


lic Works, City of Fort Wayne, IN. 


Page S-2, Line 21 has been changed to read: 
200+ L.F. ASPHALT DRIVE RESTORATION 


Please replace Sheet S-2 in your bid document with attached revised sheet. 


Sincerely, 


Terry L. Atherton, P. E. 
Chief Water Engineer 


tla/gr/ep 





I, We, . Earth Construction, Inc, 
certify that I, We, have replaced Page S-2 with revised Page S-2, and, 
that the bid as submitted, embraces the change described in this 


Addendun. 


Michael C. Evertson, President 


Bidder 
NOTE: Bidders shall sign Addendum and submit same with bid. 


An Equal Opportunity Employer 
One Main Street, Fort Wayne, Indiana 46802 
EES 2 


NOTE 1: 


Use this form, if Cashier's or Certified Check accompanies bid: 


Enclosed, herewith, find Cashier's or Certified Check for $ 


SS 


being €T of the maximum bid berein, made payable to: 
THE CITY OF FORT WAYNE, INDIANA 





tbe proceeds, of which, are to remain the absolute property of said City, if ! 
a BIDDER . TRE E TEE s I 


shall not within days after Rotiċe of Aéceptance of the within bid, 
enter into & written contract; and sécure said contract by .2 bond; for tbe full 
ammount of the contract to the approval of the proper officials of said City. 


ROTE 2: 





Dse this form, if Bidder's bonc accompanies bids. 


Enclosed berewith, find ze Bidder's Bond i» an. amount equal to ten (102) per cent 
of maximum bid berein, subject to tbe approval: of: the- Board of Public Works ané 
Safety, copditioped as follows: _-:: : ::::-::- es Teese ` 


That if the Board of Public Works and Safety shall avard 


Earth Censtruction;-Inc. : 
- ai _ o— a - 


tbe contract for said work, and if ec 
a E E e  _ 


Earth Construction, Inc, 














shall enter into a contract apd furnish a 1002 Performance Bond as 
required within ten (10) days from the date, be/she/it is notified 
of tbe acceptance of his/ber/its bid, then the obligation of said 

; bond sball be null and void, otherwise, to remain in full force and 
: effect. 


==" 


SUPPLEMENTARY SPECIFICATIONS 


FOR 
WATER CONTRACT NO. 86-07 (LAKEWOOD PARK, PHASE I) 


I. Specifications: The "Detailed Specifications and Conditions for the 


IL. 


III. 


IV. 


Installation of Transmission and Distribution Mains" of the Fort Wayne 
Water Utility, latest revision, shall be followed in the construction 
of this water main, as shown on Drawing No. Y-10618, Sheets 1 thru 17. 


Materials: All materials used in the construction of this water main 


shall conform to the "Water Main and Water Service Materials Standards" 
approved and adopted by the Board of Public Works of the City of Fort 
Wayne, Indiana, latest revision. 


Miscellaneous: All elevations shown on the plans for the project are 
at the invert of tbe pipe unless otherwise noted. 


Backfill Materials: The type of backfill material to be used shall be 


noted as follows: 


Backfill Material Type "A," £53 or £73 material shall meet the gradation 
as set forth in the Indiana State Highway Department standard Specifica- 
tions 1974. Sub-section 903.02 Course Aggregates. 


Backfill Material Type "B" shall meet the gradation as set forth in the 
Indiana State Highway Department Standard Specifications 1974, Sec. 211 
Special Fill and Backfill ("B"-Borrow), except that no more than 12 per- 
cent or less than 5 percent shall pass the No. 200 sieve (silt or clay). 


Backfill Material Type "C" shall be excavated material of acceptable 
quality, free from rocks, boulders, large or frozen lumps, wood or 
other extraneous matter. 


Where water main crosses road surfaces, or driveways, the trench shall 
be backfilled with Type "A" backfill material to a point twelve (12) 
inches from the top of pavement. The top 12 inches of the traveled 
portion shall be restored to the existing type surface. Contractor to 
provide and maintain temporary cold patch to all areas where road 
surfaces have been removed and permanent restoration can't be made 
immediately. 


Bedding: In all above cases, however, the pipe shall be bedded in 
compacted Type "B" backfill a minimum of four (4) inches below the 
barrel of the pipe to a minimum of four (4) inches above the top of 
the pipe. 


No additional payment will be made for special backfill or bedding 


material. Cost of these items is to be reflected in the respective 
unit prices for pipe fittings, and pavement replacement. 


SS T 


Kati 


V. Bidding Information: The following information is furnished to clarify 
any questions, which may arise with respect to materials to be included 
and labor and equipment involved in the establishment of the respective 
unit prices. 


A. 


Items 1 and 2 to include excavation, disposal of spoil, where 
required, furnishing and placement of Class 50 and 51 Ductile 
Iron Pipe, and backfilling with compacted Type "B" backfill in 
all areas, except driving areas, which shall be backfilled 
with compacted Type "A" backfill. Vehicular traffic shall be 
maintained during all periods of construction. ' 


Items 3 thru 18 - to be bid including and furnishing of materials, 
complete and in place as specified, including valve boxes on valves 
and the cost of joint restraining materialsrequired to overcome 

the thrust imposed by the respective items. 


Item 14 (Fire Hydrant Assembly) to include 1 - Tee (size and type 

as appropriate), 1 - 6" self-anchoring elbow, 1 - 6" gate valve with 
box, l - fire hydrant, 6" pipe or nipple as required, and, necessary 
restraining materials, complete and in place. 


Item 15 (Fire Hydrant Assembly) to include 1 - 6" Valve W/Box, 
6" x 24" nipple, - one fire hydrant, and, necessary restraining 
material, complete, and in place. 


Items 19 thru 24 to be bid including furnishing of materials complete 
and in place in accordance with City of Fort Wayne Street Engineering 
and Right-of-Way Permit Department Standards and Specifications and 
these supplementary specifications contained herein. 


Items 3 thru 18 to be bid using set screw glands for restraining, 
where restraining is required. 


Items 25 and 26 to include tap, corporation stop, Type K copper, curb 
stop, curb box and connection to existing service at property line. 
All material to be in accordance with the latest Water Main and Water 
Materials Standards. ~All cuts to be backfilled with compacted Type 
"B" backfill. City of Fort Wayne Water Maintenance and Service 
Department reserves the right to bid on these two items. 


SS - 2 


GENE PROVISIONS* 
. Board of Public Works and Mii rid 
(Non-Federally Funded) 


d Time and Progress. Time is of the essence of this 
contract. The contractor shall begin pronptly after receipt 
of a written notice to proceed, and in no case later than ten 
(10) days after such receipt.  He/she/it shall prosecute the. 
work in' such a manner as to cause no unnecessary delays. The 


time of beginning, rate of progress and time of npe are 
all essential elements of this contract. 


2 Payment. The Contractor will submit requests for 
paynent on a claim form prescribed by the City, and attach 


to that claim form, his invoices for the work performed and 
accepted. 


Gs. Progress Payments and Retainace. The contractor 
may submit requests for payments no more often than every thirty 
(30) days for work performed and accepted under this contract. 
If the contractor is in compliance with the provisions of this 
agreement, The Board will make payments for such work perforned 
and completed, provided, however, that in any such case The Board 
will retain 10 % (ten percent (10%) if not otherwise specified) 
of the total amount owing to insure satisfactory completion of 
the contract. Upon final inspection and acceptance of this 
contract, the contractor. will be paid in full. However, if this 
contract is in excess of $100,000, this contract will be subject 
to an escrow agreement as provided in I.C. 5-16-5.5-1 and the 
standard Board of Works escrow agreement. | When this project is 

_% (50% if not otherwise specified) complete and the work has 
been promptly and properly executed, The Board, at its option, 
can waive or, reduce the retainage requirement. 


4. Inspection. The Board, the City Engineers, officials 
of the Office of Compliance of the City of Fort Wayne, and any 
other City officials designated by The Board shall have access 
to the work sites and contractors' recorós at all reasoneble 
times for inspection of the work performed under and in com- 
pliance with this agreement. 


Any inspection or failure to inspect by The Board or City does 
not relieve the contractor of the obligation to comply vith 
all provisions of this agreement. 


*NOTE: Those clauses of the General Provisions with the 
following box beside it [] will be applicable to the 
contract only if the box has a checkmark or "x" in it. 
Any question about the applicability of a General 
Provision should be brought to the attention of 
The Board. 


O. C. 2/85 GP - X: 
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warnen 


Sie Warranty. The contractor fully warrants his work 
for one (1) year after acceptance by The Board, and shall remedy 
at the contractor's own expense, any defects or problems occur- 
ring during that one-year period. In addition, The Board and the 
City shall be furnished with all manufacturer's and supplier's 
written guaranties and warranties covering materials and equip- 
ment furnished under the contract. 


6. * Termination for Convenience. The Board can terminate 


this agreement for the convenience of The Board at any time by 


. providing a written notice to the contractor. If the agreement 


is terminated by The Board pursuant to this clause, the contract- 
or will be paid only for the work performed up to the termination 
date. In the event of termination pursuant to this Clause, all 
work, including any finished or unfinished documents, data, 
studies and reports prepared by the contractor pursuant to 
this agreement shall become the property of The Board of the city 
of Fort Wayne. 


re Termination for Default. if the contractor shall 
fail to fulfill its obligations under this agreement in a timely 
and proper manner, The Board shall have the right to terminate 
this agreement for default, by written notice. If this agreement 
is terminated pursuant to this clause, The Board is not required 
to advance any further payments to the contractor. In the event 
of termination, all work, including finished or unfinished 
documents, data, studies, surveys and reports prepared by the 
contractor shall become The Board's property. Termination 
pursuant to this clause is not The Board's exclusive remedy and 
will not prejudice the right of The Board to take any other legal 
action against the contractor. 


8. Changes. The Board may, at any tine, by written order, 
make changes within the general scope of this agreement. If 


any such change results in an increase or decrease in the cost 
of performance, time of performance, or any other material 
provision under this contract, The Board shall make an equitable 
adjustment in the contract price, time of performance, or other 
provision. Any claim by the contractor for adjustment under this 
clause shall be submitted to The Board in writing within thirty 
(30) days after the issuance of the change order. All such 
change orders and resultant compensation shall be incorporated as 
written modifications to this contract. Any dispute as to an 
equitable adjustment shall be referred to the Director of The 
Board for his final determination, pursuant to the disputes 
Clause of this contract; provided, however, that the contractor 
will proceed with the work as changed, even if there is a 
dispute. 


E 


O.C. 2/85 GP2 
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9. Assignability. The contractor shall not assign or 
transfer any interest in this agreement, including by assignment 
or novation without the prior written consent of The Board. 


10. Sub-contracting. None of the services covered by 
this agreement shall be sub-contracted or contracted out without 
the prior written consent of The Board. No subcontracts will 
be awarded to contractors who have been debarred or suspended 


from doing work for the City of Fort Wayne or federally-assisted 
contracts. 


11. New Quality Materials. A11 materials used by the 
contractor in the performance of this contract will, unless 
otherwise specified in writing, be new, of a merchantable 


quality, and in no case less than the quality required by the 
specifications. 


12. Permits and Licenses. The contractor shall secure 
at his/her/its own expense all permits and licenses necessary 
to the performance of the contract. Failure to secure a neces- 


sary permit or license shall constitute grounds for termination 
of the contract. 


13. Contractor's Insurance. The contractor shall obtain 
and pay premiums for such public liability insurance, property 
damage insurance, and workmen's compensation as will fully 
protect it from claims under the Indiana Workmen's Compensation 
Act and from any other claims for damages to persons not covered 
by that Act because of bodily injury, including death which 
may arise from, or during the performance of the work described 
in this contract. The City shall be naned as an additional 
insured on each such policy. Proof of all such insurance shall 
be presented to The Board. The contractor further agrees that it. 
will indemnify and hold The Board and the City of ror Wayne 
harmless from any loss, damage, liability, cost or expenses 
incurred by the contractor, any of its agents, employees and 
sub-contractors, in the performance of this contract, as well as 
the failure of the contractor or of any agents, employees, or 


sub-contractors to comply with any of the provisions of this 
clause. ten 


14. Contractor's Protection of Work and Safety. The 


contractor shall obtain adequate protection of all work fron 
possible damage, and shall protect the City's property of all 
work from possible damage, and shall protect the City's property 
from injury or damage arising from the work to be done under or 
by the contractor, its employees, agents and sub-contractors 
during the construction. He/she/it shall take all reason- 
able precaution for the safety of the employees on the job and 
shall comply with all applicable safety laws, building codes and 
ordinances. The contractor shall properly and fully guard all 
excavations and dangerous places, and will use all due and proper 
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precaution to prevent injury to any and all persons and pro- 
perty. : 





15. Lead Base Paint. The contractor will not apply any 
lead base paint, and will take all necessary steps to reduce 
the hazard from lead base paint already on surfaces. Lead base 
paint is defined as paint containing more than six-one-hundredths 
of one percent of lead by weight in the total non-volatile 
content’ of liquid paint, or in the dried film of paint already 
applied, arid shall include, cracking, scaling, peeling, chipping 
or loose paint. Any surfaces to be painted shall be treated as 
necessary.  Treatnent involves washing, sand, scraping, wire-- 
brushed, or otherwise cleaned so as to remove cracking, scaling, 
peeling, chipping or loose paint back to sound surfaces, and 
repainting with two coats of suitable non-lead paint. If paint 
film integrity cannot be maintained, the surface must be covered. 


Lead base paint hazards involve all interior surfaces 
and those exterior surfaces readily accessible to children under 
seven (7) years of age, and contractor will take appropriate 
provisions pending the completion of the contract for the 
elimination of immediate hazards. 


16. Contractor's Clean-up. During contruction, and after 
completion the contractor shall clean up and remove all waste 
construction materials from the premises and will leave the 
premises in a clean and sightly condition. 


. 17. Disputes. All disputes which arise under this contract 
which cannot be resolved between the contractor and the City will 
be referred in writing to the Director of The Board. The 
Director of The Board shall make a final decision in writing. 


The contractor will continue to perform the contract regardless 
of the decision i 


18. Prompt Payment Discounts. In connection with any 
discount offered for prompt payment, time shall be computed from 
(1) the date of acceptance by the City of performance of the 
services or deliveries of supplies to the City, or (2) the date 
the correct claim form and invoice, or voucher is received in 
the office of the City division awarding the contract, if the 
latter is later than the date of acceptance of performance or 
delivery. For the purpose of computing, the discount earned, 
payment shall be considered to have been made on the date the 
City check is mailed. 


19. Minority Business Enterprise/Women Business Enterprise 
Compliance (Construction Contract). This contract 
is governed by General Ordinance G-16-84, Chapter 7 of the code 


of the City of Fort Wayne, establishing participation goals 
of seven percent (7%) for Minority Business Enterprises and 
two percent (2%) for Women Business Enterprises of the total 


DIG. 2/85 GP4 < 
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yearly dollar amount of construction contracts awarded by the 
City of Fort Wayne. The terms “Minority Business Enterprise 
and "Women Business Enterprise" are defined in the Ordinance 
and in the MBE/WBE Statement of the IFB/RFP. The contractor 
agrees that in performing this contract it/he/she will meet 
or exceed the certification of participation set forth in the 
MBE/WBE Statement in the IFB/RFP. Failure to meet or exceed 
the smallest of the following: (a) 7% MBE or 2% WBE; or (b) 
the participation certification, without justifiable excuse, 
can be grounds for termination of this contract for default 
and shall be considered in evaluating contractor's responsibility 
on future contracts. The contractor agrees to cooperate with 
and provide all documentation requested by the City in monitoring 
the contractor's compliance. After completing the work called 
for in the contract, the contractor will submit to the City 
an accurate certification setting forth the MBE and WBE partici- 


pation in the contract. Final payment shall not be made until 
this certification is received. 


20. Anti-Discrimination Under Indiana Code 5-16-6-1. 
; —— eS s =s" V-oge »—i15—6-1 
This contractor agrees as follows: 


a. That in the hiring of employees for the perfor- 
mance of work under this contract or any subcontract hereunder, 
no contractor, or subcontractor, nor any person acting on behalf 
ot such contractor or subcontractor shall, by reason of race, 
religion, color, sex, national origin or ancestr , discriminate 
against any resident of the State of Indiana who is qualified 


and available to perforn the work to which the employment 
relates; 


b. That no contractor, subcontractor, nor any person 
on his behalf shall, in any manner, discriminate against or 
intimidate any employee hired for the performance of work under 
this contract on account of race, religion, color, sex, national 
origin or ancestry; 


e. That there may be deducted from the amount payable 
to the contractor by the City of Fort Wayne under this contract, 
a penalty of five dollars ($5.00) per person for each calendar 
day during which such person is discriminated against or intini- 
dated in violation of the provisions of the contract; and 


ds That this contract may be cancelled or terminated 
by the City of Fort Wayne and all money due or to become due 
hereunder may be forfeited, for a second or any subsecuent 
violation of the terms or conditions of this clause. 


21. Anti-Discrimination Under the Code of the City of 
Fort Wayne e on 15-17. In the performance of work under 
this contract or any subcontract hereunder, the contractor, 
subcontractor, and any person acting on behalf of such contractor 
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or subcontractor, will not discriminate against any person who 
is qualified and available to perform the work to which the 
employment relates. 


The contractor, subcontractor, or any person acting on 
behalf of such contractor or subcontractor will not obstruct 
the enforcement of this contract provision. 


The contractor, subcontractor, or any person acting on 
behalf of such contractor or subcontractor will not retaliate 
against any person because of good faith, reasonable actions 
taken to overcome, alleviate, or report discrimination. 


Enforcement of this section shall be through order of the 
City of Fort Wayne in the following manner: 


a. Whenever any member of the Division of the 
City of Fort Wayne awarding this contract, or whenever a Con- 
pliance Officer of the City of Fort Wayne has reason to believe 
that any of the provisions of this clause and of Ordinance 
Sec. 15-17 have been violated, the matter may be referred to the 
Metropolitan Human Relations Commission for investigation and 
initiation of discrimination charges against the contractor or 
subcontractor. Cases over which the Metropolitan Human Relations 
Commission has no jurisd@iction shall be investigated by the 
Compliance Officer of the Eicy. 7 


b. A final order of the Metropolitan Human Relations 
Commission shall be forwarded to the Compliance Officer of the 
City of Fort Wayne and to the Division awarding the contract, 
which may invoke one of the remedies set forth in subsection 
(c) of this clause. If_it is a matter over which the Metropo- 
litan Human Relations Commission does not have jurisdiction, the 
Division awarding the contract shall conduct a hearing to 


determine whether there has been a breach of Ordinance Sec.15-17. 


ers If the Division awarding the contract determines 
that a contractor, subcontractor or any person acting on behalf 
of such contractor, or subcontractor, has violated the provision 
or provisions of Ordinance Sec. 15-17, whether discriminating, 
obstructing, retaliating, or otherwise, the Division awarding 
this contract may: 


(1) Deduct. from the amount payable. to the 
contractor by the City of Fort Wayne under such contract the sum 
of not less than Ten Dollars ($10.00) per day, nor more than One 
Thousand Dollars ($1,000) per day per each violation. Each day 
upon which the violation exists shall be deemed a separate 
offense. : 


D.C. 2/85 GP 6 
B.O.W. Non-Fed 


(2) The Division of the City awarding this 
contract may cancel or terminate this contract, and all money 
due or to become due under the contract may be forfeited for 
a second or any subsequent violation of Section 15-17. 


22. Required Prevailing Wage Scale Payments. The con- 
tractor and all subcontractors shall, at minimum, pay thë 


prevailing wage rates for skilled, semi-skilled, and unskilled 
laborers, workmen, and mechanics, as required by the Indiana Code 
5-16-7-1 wage scale attached to this contract. The contractor 
and all subcontractor on this project shall file a Schedule of 
Wages to be paid during the contract to laborers, workmen and 
mechanics prior to performance on the contract. During perfor- 
mance of the contract, the contractor and each subcontractor will 
meet or exceed his/her/its Schedule of Wages for each position. 
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pM 


am 


ROS-COLLUSIOK AFFIDAVIT 
en AFFIDAVIT 


the Bidder, by its Officers ang 


sworn on their oaths, say that neither the 
directly or indirectly, entered into any arren 
bidder, or with any public officer of such City of 


such affiant or affiants or either c 
bidder or public officer any sim of 
bidder or public officer anything of 


or agreement with any other bidder c 
destroy free competition in the lett 
attached bids, that no inducement of 
appears upon tbe face of the bid wil 
to any person, whomsoever to influen 
of tbe contract, nor bas this bidder 
whatsoever, with any person whomsoev 
person in any vay or manner; any cf 


Subscribed and sworn to before me by 


this 3rd dey of $e December  .— 4 A hie e 


My Commission Expires: uu 
"February 08, 1989 x 
—  . .. ........ L U. ` 


—— — —  — — — e <= mar Nk A o ==——— 


Subscribed and sworn to before me by 


this .. day of 


My Commission Expires: 





Pe ee he d cS co ree em eminent D e ttn RICE MT END e 


this day of 





My Comission expires: 








Bement or agreement 


f tbem, bas paid or is to pay 
money, 


sie 


with any otber 


Fort Rayne; Indiana; whereby 


to such otber 


oz has given or is to give-such 
f value whatever; or such affian 
or either of them has not directly or indirectly; 


t-or affiants 


entered into any arrangement 


r bidders; which tends to or does lessen or 
ing of tbe contract songht for by the 


&ny form or character otber than that which 


l be suggested, offered, paid 
ce tbe acceptance of the said 


or delivered 
bic or awarding 


&ny agreement or understanding of any kind 


ex to pay, deliver rto, or 
tbe proceeds of the contra 


share vith eny. other 
Ct sought by this bic. 


Earth Construction, Inc. 








Michael C. Evertson, President 





Michael C. Evertson 








ERersióent of Allen 


ROTAEY PUBLIC 
Resident of 


NOTAEY PUBLIC 





Eu bh < 3 CE Z LSS OWN 
Philip p. Shoekne Notary 
ROTARY PUBLIC d 3 
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BID OR PROPOSAL BOND 


THE CINCINNATI INSURANCE COMPANY 


CINCINNATI, OHIO 


KNOW ALL MEN BY THESE PRESENTS, THAT WE, EARTH CONSTRUCTION, INC. 
3333 Engle Road 
Fort Wayne, IN 46809 


as principal, and THE CINCINNATI INSURANCE COMPANY, a Corporation organized under the laws of the State of Ohio 


and licensed to do business in the State of Indiana , as surety, are held and firmly bound unto 
: City of Fort Wayne 


Board of Public Works & Safety 
City-County Building 
Fort Wayne, IN 


as obligee, in the penal sum of 10% of the amount of the attached bid------------------ -DOLLARS, 
lawful money of the United States of America, for the payment of which, well and truly to be made, we bind ourselves, our heirs, 
executors, administrators, successors and assigns, jointly and severally, firmly by these presents. 


SIGNED, sealed and dated this 3rd day of December 19 86 


WHEREAS the said principal is herewith submitting proposal for Lakewood Park Addition Phase I 
Contract 1186-07 


NOW, THEREFORE, if the Obligee shall accept the bid of the Principal within the period specified therein for acceptance 
(60 days if no period is specified) and the Principal shall enter into a contract with the said Obligee in accordance with the terms 
of said bid and give bond for the faithful performance thereof within the period specified (30 days if no period is specified); or if Jio 
the Principal shall, in the case of failure to do so, indemnify the Obligee against any loss the Obligee may suffer directly arising by 2 
reason of such failure, not to exceed the penalty of this bond, then this obligation shall be null and void; otherwise to remain in full.’ > 
force and effect. ` V 


EARTH CONSTRUCTION, INC. 
Principal) (Seal) 


Gh UE CET VER 


Michael C. Evertson, PréStedent 
THE CINCINNATI INSURANCE COMPANY 


A 





S-2000 By 
formerly S-686 (6/71) .Gerald C. Kramer, Jr. 








zu icm 
SE CINCINNATI INSURANCE oues) 


~ Cincinnati, Ohio ~ š E p u uns au E a 
POWER OF ATTORNEY 


KNOW ALL MEN BY THESE PRESENTS: That THE CINCINNATI INSURANCE COMPANY, a corporation organized under 
the laws of the State of Ohio, and having its principal office in the City of Cincinnati, Ohio, does hereby constitute and appoint 
Louis H. Andrews; Donald R. Rush; William G. Niezer; Gerald C. Kramer, Jr.; 


Fred L. Tagtmeyer and/or Donald E. Douglass 


of Fort Wayne, Indiana 


and deliver on its behalf as Surety, and as its act and deed, any and all 
follows: 


its true and lawful Attorney(s)-in-Fact to sign, execute, seal 
bonds, policies, undertakings, or other like instruments, as 


Any such obligations in the United States, in any amount. 


This appointment is made under and by authority of the following resolution passed by the Board of Directors of said 


Company at a meeting held in the principal office of the Company, a quorum being present and voting, on the 6th day of 
December, 1958, which resolution is still in effect: ' 


“RESOLVED, that the President or any Vice President be hereby authorized, and empowered to appoint Attorneys-in- 
Fact of the Company to execute any and all bonds, policies, undertakings, or other like instruments on behalf of the 
Corporation, and may authorize any officer or any such Attorney-in-Fact to affix the corporate seal; and may with or 
without cause modify or revoke any such appointment or authority. Any such writings so executed by such Attorneys-in- 


, Fact shall be binding upon the Company as if they had been duly executed and acknowledged by the regularly elected 
officers of the Company." 


This Power of Attorney is signed and sealed by facsimile under and by the authority of the following Resolution adopted by the 
Board of Directors of the Company at a meeting duly called and held on the 7th day of December, 1973: 


"RESOLVED, that the signature of the President or a Vice President and the seal of the Company may be affixed by 
facsimile on any power of attorney granted, and the signature of the Secretary and Treasurer and the seal of the Company 
may be affixed by facsimile to any certificate of any such power and any such power of certificate'bearing such facsimile 
Signature and seal shall be valid and binding on the Company. Any such power so executed and sealed and certified by 


certificate so executed and sealed shall, with respect to any bond or undertaking to which it is attached, continue to be 
valid and binding on the Company." 


IN WITNESS WHEREOF, THE CINCINNATI INSURANCE COMPANY has caused these presents to be sealed with its corporate 
seal, duly attested by its Senior Vice President this 14th day of June, 1984. 


THE CINCINNATI INSURANCE COMPANY 


JP 


Senior Vice President 








STATE OF OHIO ) ss: 
COUNTY OF HAMILTON) 


On this 14th day of June, 1984, before me came the above-named Senior Vice President of THE CINCINNATI INSURANCE 
COMPANY, to me personally known to be the officer described herein, and acknowledged that the seal affixed to the preceding 
instrument is the corporate seal of said Company and the corporate seal and the signature of the officer were duly affixed 
and subscribed to said instrument by the authority and direction of said corporation. 


mU s 


š % orney aw 
Notary Public State of Ohio 
My commission has no expiration date. 
Section 147.03 R. C. 


ir. Tithe undersigned Secretary and Treasurer of THE CINCINNATI INSURANCE COMPANY, hereby certify that the above is a 
true and correct copy of the Original Power of Attorney issued by said Company, and do hereby further certify that the said Power of 


Ze PS 
bw 
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rs 
e^ 
ee 


AUS ne 


Attorney is still in full force and effect. 


GIVEN under my hand and seal of said Compan t Cincinnati, Ohio. 
HR Bry ae DEMS Oni; 


2⁄5 x 


Secretary and Treasurer 





BN-1005 (6/84) , 


m =U 


pamm 
1 


t 


Je, the undersigned committee, being appointed to prepare a schedule à 
of the prevailing wages to be paid in connection withAll Construction 
and Maintenance awarded by the Board of Works, Allen Count Indi 


for the months of October, November, December 1986 
in compliance with the provisions of CHAPTER #319 of the Acts of the 


General Assembly of INDIANA, 1935, have established a schedule as 
hereinafter set forth for the following trades to wit: 


ALLEN COUNTY 


HOURLY EXP, 

CRAFT RA HEW PEN AC APPR M DA 
BOILERMAKERS kr lame drain Dm d [9] 
BRICKLAYERS Li l ipa Siosal [ioe | oap s721787 
carpenter (aps. ` |í [16.15 Ty sol aasl La, | RIFE [sees 
-  (urv) foa fese | nss[iu2s] [os F026821N 3731257 
cement masons =|) d sacs Dinle |e | perp oaia 
DRYWALL TAPER TET ATEEN E balforals cio] 
ELECTRICIAN inae yoo Shel a KN aaa 
GLAZIERS ahua TT orol ss! 02 d 

IRON WORKER Laf mas To 25] 2.00].06) “u 

LABORER (BLDG) el was s | ye edi L 05ir 
Disc wp PET cd E E L s e 
— Taza EE s s T ee 
Fw SES And sie adil Goel, pe Fan fanaa 
miumisur pruepniven | 1 | 16.55 [sol azs] |.02 O Toan 
OPERATING ENGR. sabr | 1 | 17.60  [ y.2s| 1:80) | is | o 18731787 
NNOINRSONET DNE UR IDEEN taebr o 150 nias] 
Lao [13731727] 





S x (SEwER) 1 
PAINTER-BRUSH & ROLLER pif race paraolio] Toaz fs Ee 521787] 
* SPRAY & SANDBLAST aT 7135 | > 
PLASTER R Ea i EAN ae reg ores 


PLUMBER & STEAMPITTER ES 19.68 1.00! 1 T ey 5/31/87 
wines vermazzorimrsnenp—} | L T ^ 


AS 
RINDERS £ MECHANICS ea ETE saus] 
| Pu 


————— | 

ROOFERS MY PUP SSE ese 
suzernerarwoncern | af zao Jaso) no) [as Miemie 
panmi tas —— [rl asses [soe] neo] tai] [3771 


TEAMSTERS SEE 


If any CLASSIPICATIONS ARE OMMITED IN THE ABOVE SCHEDULE, ` PREVAILING WAGE 
SCALE BE PAID the above and forgoing shall be minimum prevailing wage scale 
for this project as set by the wage scale committee, but in no way shall 

it prevent the contractor or sub-contractor from Paying a higher rate of 
wages than set out in the schedule of wages on file, 


DATED THIS24thDAY OP October 19 86 


REPRESENTING GOVERNOR OP INDIANA 


i 





REPRESENTING THE AWARDING/AGENCY 





‘REPRESENTING THE STATE APL-CIO 


~~ 


kating 


TAEA M S TER S B U I D: DST NG 


Effective thru 6/30/87 


Trucks under three (3) tons 
Trucks over three (3) tons 


Truck Driver 
Euclid/earthmover 


Health and Welfare 


Pension 


$14.82 per 
$14.92 per 


$15.12 per 


$66.70 per 
$61.00 per 


hour 


hour 


hour 


week 


week 


p! 


ia 


T E RAJMu5 TIER S H LG H WSA" Y 


Effective thru 4/30/87 


Teamsters trucks under three (3) tons ....... $13.06 per hour 
Teamsters trucks over three (3) tons ....... $13.26 per hour 
Tanden Tandem Tucks n E oo LA PEU. COE 313.31 per bear 
Bax a MG CRP S wn wie SR ee s $53.50 per week 


FenetoD ub... tte eee eee ee $55.00 per week 


—— nj 


AAT asl 


CERTIFICATE IK LIEU OF FIRARCIAL steteee rs Meer 
SS ES c COME C c EC A rr EET cnr canine a == n uiaal 


I. — Michael C. Evertson ; the President 
Rame š 


, of shanth Construction," Ine. 
Position Company 





HEREBY CERTIFY: ae | AER 2 
I Tbat the Financial Statement of said Company, dated the 5th ázy of 

March » 19 86  , now on file in tbe office of the Board 
of Public Works of the City of Fort WEyDE, Indiznz; Eset Finguciz jal Statement 
is by reference incorporated berein and made a part hereof, is s tree and 
Correct statement and accurately reflects the finzncia! condition of £zic 
Company, as of tbe date heres: 


CU w—— — s. maaan DA u 


2. That I am familiar with the books of szic Companr, 


showing SCE financial. 
ee AIDE 


condition and a authorized to make this Certificere: O2 its behelf. 





DATED: December 03, 1986 











tes a oi T ———— 


SUESCRIEED AND SWORK to before me, a Notary rae “in zné^ 





for szid County M 
State, this 3rd dzy of December » 19 gE š 





ions —a-kesia ent eto tien touary; IE 


My Commission Prpires : 


February 08, 1989 


SPECIMEN FORM 
. i1 PAYHENT BOND 


KNOW ALL MEN BY THESE PRESENTS: That 


———————————————————— 3 
(Rame of Contractor) 


— 


[IECUR SW RRP END a” SP MEN ONE I C MEL PI cam NE io) 
(Address of Contractor) 


Mp iA 


2 » bereinafter called Principal 


Ll 


and, 
—— ees 
(Rame of Surety) 


= 


ani duly authorized to transact business in the State of Indianz, hereinafter 
called Surety, are beld and firmly bound unto tbe ae of Fort Rayne, an Indiape 


Municipal Corporation in the penal sm of 
—Á—— 1202: a: P ERR 


Dollars ($ 


m LU E S MD 





(value of work) for tbe payment wbereof vell anc truely ro be made, the Principal 


zD. the Surety binc tbhe=selves, tbeir beirs, executors, acministrators, successors 


anc assigns, jointly and severally, firmly by tbese presents. 


THE CONDITION OF TELS OBLIGATION is such that whereas, tbe Principal entered into a 
certain contract witb the Owner, dated the dzy cf 


seats ees 19 , 


for tbe construction of: 


all according to the Tort Wayne water Dtility Engineering Department Drawing No. 
» Sbeet(s) 





, anc special provisions, amd M RUN, 
ing to the Detailed Specificarions and Conditions for the Installation of Trans- 
mission and Distribution Mains, Construction Standards and Water Main E Water 
Service Materials Standards adopted July 7, 1982. 


` WHEREAS, said Surety, for valve received, bereby stipulates and agrees, that no 
change, extension of time, alteration, or addition to the teres of the contract 
er to the work to be performed thereunder, or the specifications accompanying ` 


the same, sball in any vay affect its obligation on this bond, and it does bere- 


by waive potice of any such change, ertdusion of time, alteration or addition to 


, the terms of the contract, or to tbe work or to tbe specifications, and 


_ WHEREAS, no final settlement “between the Ovner pu EQUIPE shall gota a 


MEAM 


tma 


— 


NOX, THEREFORE, if the Principal shall prowptly make payment ro all persons, 
firms, subcontractors, and corporations, furnishing materials for or perfore- 
ing labor ín the prosecution of the vork provided for in such contract, and 


° any authorized extension or modification thereof, including all amounts due 


for materials, lubricants, oil, gasoline, coal and coke, repairs on machinery, 

equipment and tools, consumed or used in connection with tbe construction of 

such work, and all insurance premiums on said work, and for all labor perform- 

ed in such work, wbetber by subcontractor, or otherwise, tben thiz obligation 

shall be void; otherwise, to remain in full force and effect. 

IR WITNESS WHEREOF, this instrument is executed 3 
> e ae Y T eere 


counterparts, each one of which, shall be deemed an original, this dry 
of 19 : 


> 
. 





Principal 
ATIEST: 


(Principal) Secretary ; 
By (SEAL) 
———M——— (sr 
ese 
( 


Address) 


Witness as to Principal 


(Address ) 
Laud E. qi E ed S LlwWb s led apu NM o 
Si h Surety 
By P 


š t E i Attorpney-im-Fact ` 


Witness as to Surety (Address) 


(Address) $ : š i 


; a e et ¿Sk 
ROTE: Date of Bond must not be prior to date of Contract. ^ ^^ ` — yep ENT D eem ne aL 


If Contractor is Partnership, all partners should execute Bond. 


; i (SPECIMER FORM) 
CITY OF FORT WAYRE, IRDIARA 
— R . 
IMPROVEMERT TO FORT RAYE? WATER UTILITY 
ae IO FORT WATHE WATER UTILITY 


PERFORMANCE AND GUARANTY BOND 
es ee 


| KNOW ALL MEN EY THESE PRESENTS, that ve 


—— tee RE ERE ERR ERR i 


[ Í (Contractor or Developer) as Principal, and the 


T aoea aa 


Sy E curüBte Company), a corporation organized under the laws of the State of 


40f Fort Wayne, Indiana, an Indiana Municipal Corporation in the sun of $ 
(value of work) for tbe payment whereof well and truly to be made, 


the Surety bind themselves, their beirs, executors; 


assigns, jointly and severally, firmly by those present, 


| (State and Date), and duly authorized to transact 
aS e A AE SCION UU eet eo 
business in the State of indiana, as Surety; 


are beld firmly bound unto the City 


"E 





tbe Principal ang 
acrinistrators, Successors and 


The condition of tbe fore- 


going obligation is such that 


WEEEEAS, tbe Principal has entered into contract with the City or 
authority to construct or canse to be constructed, 2 water 
City's water distribution system, which said water 


according to 


WEEERPAS, the grant of authori 


Ls 


bas appl liec for 

T main to become pert of the 
main is to be built and conscrocted 
plans an specifications La dem by or approved by City anc E»ow2 E= the 


š iid 
TES (Rame of Project) í - 

ity by Ciry to so construct such water maiz Provides: 
Ibat said water mein shall be completed according to seid plans amt specifice- 


tions, and warrant avd guarentee all work, material, conditions of the water main ` 
for a period of one (1) year from tbe date of final acceptance in writing by rhe 


Owner; 


Tbere shall be filed eee the City, within thirty (30) ay: after completion, 
Completion Affidavit; 


z 


Said Principal is required to agree to make such adjustments, modifications, 


and repairs as required by the City within thirty (30) deys after notice; and, 


To agree to maintain said water main for a period of one (1) year Sor sai 


written acceptance by the SES of said water main; and 


| 


^" 


[- 


| 


i EI 


P 


WHEREAS, said Surety, for valve received, bereby stipulates ane agrees that no 


change, extension of time, alteration, or addition to the ters of the contract 


or to tbe work to be performed thereunder, or the specifications accompanying 


"the same, shall in any way affect its obligation on this bond, and it does 


hereby waive notice of any such change, extension of time, alteration or addition 


F to the terms of the contract, or to tbe work or to the specifications, 


and 


NOW THEREFORE, if the principal shall faithfully perform all of the terms and 


conditions required of it by the contract and cause said water main to become a 


part of tbe City water distribution system, and shall for one (1) year efter 


acceptance of said water main by City maintain said water mein and shell indemnify 


the City for all loss that City mzy sustain by reason of the Principal's fziílure 


to comply with any of tbe terms of tbe authorization, then this obligation shall 


be void, otherwise, it shall remain in full force and effect. 


S TL EEST: 


— h .............. .. .. J U 
— —————————————————— 


(Title) 


*If signed by an agent, 


Power of Attorney must be attached. 


eee 
(Contractor or Developer) ` 


(Title) 


i e rrr a a EE ERR 
(Insurance Company) Surety 


EDI NES : 
——— ÀÀMÁÁ— 


Autborzized Agent. 


ie 2a ad 


STATE OF INDIANA ) 


COURTY OF ALLEK ) 


BEFORE ME, a Kotary Public, in and for said State, personally appeared = > - 





$ 
= — T eS 
(Kame ) (Title) 
and % i 
heme "BE go uAEC ICONE Wr ms 


oto : x ; and 
TS eL (Company ) pa EA 


Attorney in Fact, for said . PETAR i 
e ERES Re a DCPEXIMC C M DL EX e e ara SS PS MS A ME cR cR ra 


ze surety, with both of whor I zm personally acguainted, and acknowledged ther 


they subscribed their signatures to the above and foregoing bo 


mc, in their Tes- - 


pective officiel capacities of aforesaid. i 


SUBSCRIBED TO, before me, 2 Rotary Public, this 


ET cay of 
19 b 3 E i ; - OS E aN ana 
Te N EK E —— U 


a --ROTARY PUBLIC 
° a ts . X Resióent of. County, IK 





My Commission Expires: 


eoma sassa ET as — 
— BRE. a m 
- - 
—————— ~ -= - < or ame dana 


om anpa sel 


CERTIFICATION or BIDDER/VENDOR 
MEME DA a, — ——— 


The undersigned, on behalf of eae: Construction, Inc. 





| , Goes hereby make the following Tepresentations 


to the City cf Fort Wayne, Indiana. 


WEEREAS, it is acknowledged that the Common Council 


"^ of the City of Fort Wayne, Indiane, has passed an Ordinance con- 2 


Gemning the apartheid policies of the country of South Africa; 


WHEREAS, Council's ordinence requires that 
firms or corporations submitting bids to the CHEY, 
Services, certify, as pert of the bid, ther 
support the policies of apartheié in Sorti Fone o i 


The undersicned states, on behz22 cl Earth Construction Inc. 
ee struction, - 


rothat Earth Construction, Inc. : 
raram e It SA w ulin uv Sede L 


AUI UE ee tel E 


Goes not support or endorse the policy of 


IN WITNESS WEEREOF, this Certification hee been 


epe-theiCc in South Africa. 






signe 
a: this 3rd Gey of December € ee Jee; 
—— nMIa — —n ——————— — + 2 ar ta 
; Earth Construction, Inc. 
é (Name of Bidder/Vendor) 
272 





(Name and Title of Person Signins) 
Michael C. Evertson, President 3 


Sa 
Jw 


Vei bit 


= 


Wakinqa 


pU 


CERTIFICATION OF NON-SEGREGATED IACILITTIEPE 


Zach bidder is required to submit with his bid 


a “ly exreccted 
Certificate of Non-Secregzted Pacilities, : 


CERTIFICATION OF NON-SEGREGATED FACILI 


The bidder certifies that he does not maintain or provide 
for his employees any segregated facilities z£ any of his 
establishments, and that he does not permit hi; e—clevees < 
perform tbeir services at ery location, onder his control, where 
segregetec facilities are maintained. The bidder cem ifies 
further that he will not maintain or provide fo- bis explovees 
any segregated facilities zt any of his estetis shments, and tux 
be will not permit his erplcvees to perfcrm their services z< anv 
location under bis control where Bec-ecgrted facilities zre 
maintained. The bidder acrees that a breech of eri; CREE 

tion will be a violation cf the Ious) Crper— <s cleanse iD anv- 
Cars resulting from accemtence of this bid. as usad in ship 
Cerciticetion, the te== "sesreceted facilitieg" mers easy weitios 
TOCS, WOIK area, Tesirocms and vast-oczs, Tester- zt oc creesing 
e>ees, parking lots, éxinkiss Sounteins, reCrertic- cz enterteing 
ment areas, Crensporesticon, and housing jfacih:c-ie. Scrvided fer 
exployees which are sec-egrted by explicit üi-accive a= =e is 
fact secrecetecé c> the basis of race, Soler, religien, 
mecicnel origin, becanse c2 habit, oral costo 


Ihe bider agrees cheat (except where hes o 


c= 
roST cthe-wise. 
Stained ideztica 
reliticetion. Ton proposed subcont-acto-g Z== specisic cine 
pers ode) 5p (iis cbtzin identical cectitficecict- -— proposed 
subcontractors prib to the award of subcontracts exceeding 
$20,000 which are not exempt fræ the srorisions cl tbe Boni 
Cpporcanity clanse, ang. chet he will retain soc certicicesdene 
in-his. 2i1les. | 5 


t 


-—— 





I - 


Hote: Thé Penalty fo- masking false statements 4 
Fzes== bed in X18 Di15.C.' 2601. 


Detes A December 03, 1986 , 2s Earth Construction, Inc. 





By 
“official Address (including 
ZIP code): Michael C. Evertson, President 
: Tice 
3333 Engle Rd. ,.Ft. Wayne, IN 46809 š 
= sate eee inc ee SBD s i hs 2 





A Mart mart 


th 
ull 


ai 


"v 


à ` 


IC is the polices. cf Eart Consti. 
: (Company) 


equal employment opportunity be afforded to all qualifie 
without regard to race, religion, color, 


inc. thes 


persons 
sex, OI national (= pagel eaei 


In support of this policy Earth construction I J will noc 
( 


Company) 


Giscriminate against any exployee cr applicar: for ex=plovnen+ 
because cf race, religion, colcr, sex, or nator: orisin, 
The Earth Construction, Inc Will take attimetive actio 


(Company) ; 


to insure, that applicants are expicyes ami <te+ exl cys zre 
createc curing exployment without regard to ei- mce, religion, 





Colts, Sex, of se fione? origin. Such action wil! incisde — 
not be A uma ea =: ; 
(RECRUITMENT, ADVERTISING OR SOLICITANOF T FIIRT, 
ZIRIKG, PLACEMENT, UPGRADING, TRANSFER OZ DE-oTIoR, ET 





LLOR . FOR TRAZDHING INCLUDING 2 AR ge ent ae FATES OF Sir Oz 
OSs, FORMS OF COMPENSATION, LAYOFFS OE TER 


wt 
— wel o 





Earth Construction rye, 


(Rzne cf =) 








$ Ce of Cl rp 


Mithael C. Evertson, Presidente) 


December 03, 1986 
(Date) 





TPO nei 


Admn. Anor. , ; 
| TITLE OF beber Contract for Lakewood Park Addition Phase I Water Contract 86-07 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety JES 2 


SYNOPSIS OF ORDINANCE _ The contract for Lakewood Park Addition Phase I Water Contract  - 
86-07 is for the installation of 7,800+ L.F. of 6" Ductile Iron Water Main ` . 


as follows: On Interlaken Drive from Bluffton Road to Donna Drive. On May- 
wood Circle from Interlaken Dri i : 


_—  ....... trum Reserve Line Road to a point 600+ feet north of Interlaken Drive. Qn _ 
Lakewood Drive from Domna Dri 
ln. n oto RBifftoN MSL arin Construction ds the Contractor, — c a 0 





EFFECT OF PASSAGE 





EFFECT OF NON-PASSAGE 





A MMM————————————————————————————————— 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $212.445.00 





ASSIGNED TO COMMITTEE 





BILL NO. 5-86-12-29 





REPORT OF THE COMMITTEE ON CITY UTILITIES 
w—c nó ne TO ie, 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 





REFERRED AN (ORDINANCE) (RESSKOTLZON) approving the Contract for 
Lakewood Park Addition Phase I - Water Contract 86-07, between EArth 


Construction and the City of Fort Wayne, Indiana, in connection 


with the Board of Public Works and Safety 


























HAVE HAD SAID (ORDINANCE) (RESOEUTTENS UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 
(KEBOEOEXONY 


YES NO 





— Z 42 CHARLES B. REDD 


CHAIRMAN 










PAUL M. BURNS 
VICE CHAIRMAN 


THOMAS C. HENRY 
BEN A. EISBART 


] | , 
4 ec, SAMUEL J. TALARICO 


CONCURRED IN — — Z. SANDRA E. KENNEDY 
CITY CLERK 


